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Scope 

Details 

Capital 

ARO 

Total 

Estimate 

Grade 

Dry Bottom Ash 

Handling 

Unit 1 & 2 SGCs and New Hoppers 

$ 

47.7 


$ 

47.7 

Feasibility 

Ash Pond Closure 

Ash Pond Closure 


$ 33.5 

"$ 

33.5 

Screening 

Low Volume Waste 

Water Treatment 

Low Volume Waste Pond Installation (repurpose of 

bottom ash pond) 

$ 

11.2 


$ 

11.2 



Low Volume Waste Permanent Treatment & Balance of 
Plant 

$ 

11.4 


$ 

11.4 

Screening 


Low Volume Waste Temporary Treatment (during LVW 
installation) 

$ 

19.9 


$ 

19.9 



Coal Pile Improvements only (no treatment) 

$ 

1.4 


$ 

1.4 



Total: 

$ 

91.6 

$ 33.5 

$ 

125.1 



Cost Estimate Grade Accuracy Range: 
Screening level -30% to +70% 
Feasibility level -25% to +35% 


190902.2 
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